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LIMITED OFFICIAL USE NAIROBI 5653 

E.O. 11652: N/A 
TAGS: EINV, KE 

SUBJECT: OPIC ANALYSIS OF PROPOSED N-REN PROJECT 

REE: STATE 98009 

ACCORDING KEN-REN GENERAL MANAGER KEN SLOCUM, N-REN'S PROJECT 
IN KENYA COMING ALONG ON SCHEDULE. PHASE I OE SITE PREPARATION 
NOW FINISHED AND PHASE II (ROAD BUILDING, BRIDGE BUILDING, 

PLANT EOUNDATIONS) HAS BEGUN, DUE TO BE COMPLETED WITHIN 
NEXT TWO MONTHS. TWO BAGGING OPERATIONS - ONE WITHIN PLANT 
FOR PACKAGING AND STORING BULK FERTILIZER AND ONE IN 
VICINITY FOR MANUFACTURE OE PLASTIC BAGS - SHOULD BE READY 
IN ONE YEAR. SLOCUM EXPECTED FERTILIZER PRODUCTION TO COMMENCE 
IN LATE 1978. N-REN TECHNICAL PERSONNEL CONCERNED WITH INSTAL- 
LATION OF EQUIPMENT, TRAINING, AND MANAGEMENT OF PRODUCTION 
FACILITIES WILL START ARRIVING IN SIX MONTHS. 

DECON 5/6/78 
LINDSTROM 
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